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DRAFT FOR DISCUSSION PURPOSES * INFORMATION AS OF 08/09/02 


ID Task Name 


Short Term Study; EHCJLI {EHCJL1/01/02) 

Investigator Brochure 
Study Objectives 
Draft protocol / Summary Plan 
Site Selection 

Project Agreement with CRO (protocol development) 

Protocol Development 

Final Draft Protocol, Informed Consent 

IRB Review 

Sioanalyticat Methods Set-up at MDS 
IRB Approval 

Final Protocol. Informed Consent 

Project Agreement with CRO (Study Execution) 

Lighter Training 
Recruitment and Screening 
Teat Materials Available 
Data Analysis Ptan 
ETS Measurement 

Log so agreement (ORNL} 

Delivery of equipment (ORNL) 

Lease agreement {California Analytical) 

Delivery of equipment (California Analytical) 

ETS Sampling 
ETS Data analysis 
Clinical Tasting 
Subject Check in 
Subject Randomization 
5tud7conduct 
Subject Release 
Lab Analysis 

Anafysisof Blomarfceii 
DataLisfrigs to PM 
Blomarker Tables to PM 

Data Management 

Data Entry 

Edit Chks, Db Clean-Up 
Internal Data Listing Review 
DB Lock 

Data Listings for PM Review 
Safety Table for PM Review 
Data Analysis 

Data Analysis Tables to PM for Review 

CE Review of Data Analysis Tables 

Data Analysis Reautts Available to PM (Data for October SAB) 

Draft Report 

CE Review of Draff Report 

Draft Report Results AvailaWe to PM 

Input to Scientific Data Summary 

Final Report 

Final Results 

Manuscript 


% Complete 

Duration | 

Start J 

Finish 

| Prede 

73% 

322 days 

Thu 11/1/01 

Wed 2/19/03 


75% 

15 days 

Thu 11/1/01 

Wed 11/21/01 


100% 

5 days 

Thu 11/1/01 

Wed 11/7/01 


100% 

10 days 

Thu 11/8/01 

Wed 11/21/01 

3 

100% 

15 days 

Thu 11/22/01 

Wed 12/12/01 

4 

100% 

32 days 

Thu 12/13/01 

Fri 1/25/02 

5.4 

100% 

52 days 

Thu 11/22/01 

Fri 2/1/02 

2,4 

1DD% 

0 days 

Tue 2/12/02 

Tue 2/12/02 

7 

1CD% 

8 days 

Mon 2/4/02 

Wed 2/13/02 

8.2 

180% 

30 days 

Thu 11/22/01 

Wed 3/13/02 

4 

100% 

0 days 

Wed 2/13/02 

Wed 2/13/02 

9 

100% 

0 days 

Wed 2/13/02 

Wed 2/13/02 

11 

100%’ 

8 days 

Tue 2/12/0? 

Thu 2/21/02 

*8 

100% 

2 days 

Mon 2/25/0?' 

Tue 2/26/02 


100% 

20 days 

Thu 2/14/02 

Wed 3/13/02 

11 

100% 

0 days 

Thu 2/14/02 

Thu 2/14/02 


100% 

30 days 

Tue 2/12/02 

Mon3/2M>2 

a 

100% 

142 days 

Mon 12/3/01 

Sun 6/30/02 


" ’ioo% 

65 days 

Mon 12/3/01‘ 

"Fri 3/1/02 


100% 

1 day 

Mon 3/11/02 

Mon 3/11/02 

19 

ioo% 

36 days 

~' Mm» 12/3/01 

Muu 1/21/02 


100% 

1 day 

Mon 3/11/02 

Mon 3/11/02 

'21 

100% 

5 days 

Sun 3/17/D2 

Sun 3/24/02 

20,22, 

100% 

14 wks 

Mon 3/25/02 

Sun 6/30/02 

23 

100% 

7 days 

Thu 3/14/02 

Mon 3/25/02 


100% 

1 day 

Thu 3/14/02 

Thu 3/14/02 

15,11, 

100% 

0 days 

Sat 3/16/02 

sat 3/16/02 

26 

"100% 

5 days - 

MOP 3/18/02 

Fri 3/22/02 

14,27 

100% 

0 days 

“ Mon 3/25/02 

Men 3/25/02 

28 

100% 

37 days 

Mon 3/25/02 

Fri 5/17/02 


100%“ 

30 days 

Mon3/25/02 

Fri 5/3/02 

29/10 

' 100% 

5days 

MonB/6/02 

Fri 5/10/02 

'31" 

100% 

5 dayB 

Mon 5/13/02 

Fri 5/17/02 

32 

100% 

62 day* 

Mon 3/25/02 

Tue 6/25/02 


100% 

20 days 

Mon 3/25/02 

Fri 4/19/02 

29,31 < 

100% 

20 days 

Mon 4/22/02 

Fri 5/17/02 

35 

100% 

7 days 

Mon 5/J0/02 

Tue 5A&/02 

36 

100% 

0 days 

Tue 5/28/02 

Tue 5/28/02 

37 

100% 

10 days 

Wed 5/29/02 

Tue 6/11/02 

38 

100% 

10 days 

Wed 6/12/02 

Tue 6/25/D2 

39 

0% 

40 days 

Wed 6/12/02 

Wed 6/7/02 

39 

0% 

15 days 

Thu 8/8/02 

Wed 8/28/02 

41 

0% 

15 days 

Thu B/29/D2 

Fri 9/20/02 

42“ 

”o% 

0 days 

Fri 9/20/02 

Fri 9/20/02 

43 

0% 

15 days 

Thu 8/29/02 

Wed 9/16/02 

24FF.4 

0% 

20 days 

Thu 9/19/02 

“Wed 10/16/02 

45" 

0% 

0 days 

Wed 10/16/02 

Wed 10/16/02 

46~ 

0% 

20 days 

Thu 10/17/02 ' 

Wed 11/13/02 

46 

n% 

20 days 

Thu 10/17/02 

Wad 11/13/02 

46 

0% 

0 days 

Wad 11/13/02 

Wed 11/13/02 

49 

6% 

85 days 

Thu 11/14/02 

Wed 2/19/03 

49 



Milestone 

Summary 

Rolled Up Task 


EHCJLI Short Term Study 


Rolled Up Split ,,,,,, 
Rolled Up Milestone 
Rolled Up Progress 
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External Tasks j__ 

Project Summary 
External Milestone ^ 


Source: https://www.industrydocuments.ucsf.edu/docs/hymx0001 
























